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BILL NO. S-75-07- 

SPECIAL ORDINANCE NO. 




AN ORDINANCE approving Change Order No. 1 in 
connection with Contract H, Resolution 5648-75 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Carrington & Associates, 
Inc. in connection with Contract H, Resolution 5648-75 (curb & sidewalk project) 
in the amount of $33,749.80, as set out in the specifications is hereby in all things 
ratified, confirmed and approved. 

SECTION 2 . This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. \ 




. CL: 1 —_ 










Read me nt 5 t time in full and on motion by , , seconded by 

_, and duly adopted, read the second time by title and referred 


to the Co rim 11 te a d/s c €J i ^l^ s _ (a«d i *-tf»-€44y-Pl an 

Comm held afte r_d ue leo a 1 notice, 

at th§miou7TrrTTnaI5ini^ , , 

•— - - — "—— r T~97- - - _ ,_at __ 


t h e —__ 

o 1 <T!ijr!cm^m7ryS''T~- 

Date: 7- S-~7S~* 


2 ^ 




ClT V CLERK 

Reaci the third time in full ana on motion by - 




and duly adopted, placed on its passaae. 


Passed (HSSPj by the fall Gw]na vote: 

AYES NAYS ABSTAINED 


BURNS 
HINGA 
KRAUS 
MOSES 
NUCKOlS 
SCHMIDT, D. 
SCHMIDT, V. 
STIER 
TALARI CO 
DATE: 


K 


Ci- 


y- 2~7,j^ 


' cm CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (Z eni - ft ^ -Map} (Gene*a 1) (Annexa tion^ (Special) ( Appreciati on) Ordinance 

197 , 


_°n th e 4 ay of _ 

y~ ~ 



Presented Dv me to tne 


‘ M^E $~f. 


Mayor of the City of Fort Wayne, Indiana, on the .--7.7-y ^ . 
_, 197 o"~" , at the ;'hqij < of ^TlTlElP' 



/ / / * - s- 7 / ’ i L 

"ci rv clerk‘ 7: 


Ado,- ovftci : ;r! maned by me this , _day or___, 197_y_, 

at tne hour of _/ / c>$ _ o'clock A" |M ,E S fS 













































































S-75-07-17 


Li No. 


repost o? THE o» 5 ;i“Es: on 


PUBLIC WORKS 


, your Cor-jnittas on Public Works 


to whoa was referred art .-Ordinance 


approving Change Order No, .1 in connecttoRMnASonixAc^ 

Resolution 5648-75 


rave had said Ordinance under considerarion and: beg isave to report b dr to the Cckrreort 



John Xur.k'ols 
V;i Him T. Hini| 


DAT F 7-'^' 7 ^ CONCURIfED,N 

U - CHA * US W. V/BTESMAN, CITY CtOK 


Council that said Ordinance 


Winfield C. Muses, Jr. 


Eugene Kraus.,. Jr. - Vice-Chairr;ar^ 

































CHANGE ORDER 


Resolution No, 5648-1975 
Board Order No. 24-74 


Change Order No, _^__ 

Project No. Contract "H” _ _ 

Name of Projec t Curb and Sidewalk Project ____ Dat e June 11, 1975 


To: Carrington & Associates. Inc. 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from, the contract plans 
and specifications: 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

1 

964 S.Y. 

Sidewalk Removal 

3.60 


3,470.40 

2 

8,043 S.F. 

Curbface Walk 

1.40 


11,260.20 

3 
- 4 

717 S.F. 
1.687 L.F. 

Standard Walk 

Curb Removal 

1.35 

1.75 


967.95 

2.952.25 

5 

709 L.F. 

New Curb 

3.50 


2,481.50 , 

6 

7 

490 S.Y. 
490. S.Y. 

New Pavement Replaced 

Pavement Removal 

20.00 

5.75 


9,800.00 

2,817.50 

Total Decrease 

Total Increase 

Net -(&gcre~as~g)~ (Increase) Contract Price 



= 

33,749.80 




The sum of $ 33,749,80 _ is hereby, (added to) (deducted from) the total contract price 

and the final contract price shall be adjusted as follows: 

Original Contract Price $ 21.722.35 

Current Contract Price Adjusted by Previous Change Order $__ 

New Contract Price Including This Change Order $ 55,472.15 

The time provided fot completion in the contract for this project is (unchanged) •C-ia-ee- oase - d ') 

-(•decreased*)-by 0 _ calendar days due to this Change Order, The date for completion 

of all work shall be ___ . Furthermore, this document shall become an 

amendment to the contract and all^provisions of the contract shall apply hereto. 


Recommended by (Chief , 
Accepted by: 

Approved by^- 
Approved 


Engineer) Data_ 


4zii 




Attested by: ( S, 



(Contractor) Date_ 


(City Engineer) Date__ 
(Owner) Date_ 


/fZ/'Tf 

ykjy 


1*7 




(Clerk ) Date_ 


5 - 























































A, 


^ Change Order No. 

Resolution No. 5648-1974 
Board Order No. 24-1974 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change; A more complete restoration of area for underground 

wiring for street lighting which necessitated more curb removal and sidewalk. 

Paraplegic ramps on corners and trees were also added to area. 


2. Will proposed change alter size of the project? Ye s X N s 

If yes s explain 

Paraplegic ramps, more curb and sidewalk, including trees. Two more City blo cks 
added to project. 

3. Affect on operation and maintenance cost of this project; 

Operation will stay the same, more cost involved for added changes. 



Engineer 































DIGEST SHEET 


[ 7S-07-/7 . 


TITLE OF ORDINANCE Special Ordinance __ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Covers Change Order #1, Contract H, Resolution 5648-75 
(curb and sidewalk project) from Carrington & Associates, Inc, in amount of 

$33,749.80. A more complete restoration of area for underground wiring is 

necessary for street lighting which necessitated more curb removal and sidewalk 

Paraplegic ramps on corners and trees were also added to area. 


EFFECT OF PASSAGE Completion of necessary work, 


EFFECT OF NON-PASSAGE Unable to complete project in satisfactory condition. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $33,749,80 cost to City. 





ASSIGNED TO COMMITTEE 






























